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TOWN OF ARLINGTON, MASSACHUSETTS 
PUMP STATION REHABILITATIONS PROJECT 
BID INVITATION NO. 14-38 
ADDENDUM NO. I 


To be considered as part of the contract drawings and specifications for the Pump Station 
Rehabilitations Project, dated October 2014: 

GENERAL 


1. All work and scope related to the installation of the reduced voltage soft starters at the Dow 
Avenue Pump Station shall be removed from Item 1 (Base Proposal) and now be included in 
Alternate No. 1. Revised Specification Sections have been included in this Addendum to 
address this modification. 

2. All work and scope related to the installation of the reduced voltage soft starters at the Gould 
Road Pump Station, Pond Lane Pump Station, Reed Street Pump Station, Old Mystic Street 
(Route 3) Pump Station, Intervale Road Pump Station, Mystic Lake Drive Pump Station shall 
be removed from Item 1 (Base Proposal) and now be included in Alternate No. 2. Revised 
Specification Sections have been included in this Addendum to address this modification. 

SPECIFICATIONS 

SECTION 00410 FORM OF GENERAL BID 

1. Delete Section 00410 in its entirety and replace with the attached Section 00410. 

SECTION 01270 MEASUREMENT AND PAYMENT 

1. Delete Section 01270 in its entirety and replace with the attached Section 01270. 


END OF ADDENDUM 
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SECTION 00410 
FORM OF GENERAF BID 

Proposal of_(hereinafter called "Bidder")* 

(_) a corporation, organized and existing under the laws of the State of_ 

(_) a partnership 

(_) a joint venture 

(_) a limited liability company 

(_) an individual doing business as_ 

*Check corporation, partnership, joint venture, EEC or individual as applicable. 

To the Town of Arlington, Massachusetts (hereinafter called "Owner"). 

Gentlemen: 

The Bidder, in compliance with your invitation for bids for construction of the Pump 
Station Rehabilitations Project having examined the plans and specifications with related 
documents and the site of the proposed work, and being familiar with all of the conditions 
surrounding the construction of the proposed project including the availability of materials and 
labor, hereby proposes to furnish all superintendence, labor, services, materials, equipment, 
plant, machinery, apparatus, appliances, tools, supplies, bailing, shoring, removal, and all other 
things necessary to construct the project in accordance with the contract documents, within the 
time set forth below, and at the prices stated below. These prices are to cover all expenses 
incurred in performing the work required under the contract documents, of which this bid is a 
part. 


The Bidder hereby agrees that if selected as the Contractor it will commence work under 
this contract on or before a date to be fixed in the written “Notice to Proceed” given by the 
Owner to the Contractor and to fully complete the project within 120 Consecutive days of the 
start date fixed in the “Notice to Proceed”. The Bidder further agrees to pay as liquidated 
damages the sum of $1,150 for each consecutive calendar day thereafter during which the work 
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has not been fully eompleted, as provided in the “Liquidated Damages” provisions of Seetion 
00800, SUPPLEMENTARY CONDITIONS. 


Bidder aeknowledges reeeipt of the following addenda: 


No. 

Dated: 

No. 

Dated: 

No. 

Dated: 

No. 

Dated: 


Item 1 (Base Proposal) : Bidder agrees to perform all of the work deseribed in the speeifieation 
and shown on the plans, exeluding work under Alternate No. 1 and Alternate No. 2, for the sum 
of: 


_Dollars and Cents ($_) 

ALTERNATE No. 1 (Reduced Voltage Soft Starters at Dow Avenue Pump Station) : Bidder 
agrees to perform all of the work deseribed in the speeifieation and shown on the plans for the 
sum of: 


_Dollars and Cents ($_) 

ALTERNATE No. 2 (Reduced Voltage Soft Starters at Gould Road Pump Station, Pond 
Lane Pump Station, Reed Street Pump Station, Old Mystic Street (Route 3) Pump Station, 
Intervale Road Pump Station, Mystic Lake Drive Pump Station) : Bidder agrees to perform 
all of the work deseribed in the speeifieation and shown on the plans for the sum of: 

_Dollars and Cents ($_) 

(Amounts are to be shown in both words and figures. In ease of diserepaney, the amount shown 
in words will govern.) 
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The subdivision of the proposed Item 1 (Base Proposal), not including the reduced voltage soft 
starters work in Alternate No. 1 and Alternate No. 2, contract price is as follows: 

Item 1 (Base Proposal), not including the reduced voltage soft starters work in 
Alternate No. 1 and Alternate No. 2; 

Item la Dow Avenue Pump Station, Lump Sum 


($ _ ) 


Item Ib 

(dollars and cents) 

Standish Road Pump Station, Lump Sum 

($ 

) 


(dollars and cents) 



Item Ic 

Gould Road Pump Station, Lump Sum 





($ 

) 


(dollars and cents) 



Item Id 

Pond Lane Pump Station, Lump Sum 





($ 

) 


(dollars and cents) 



Item le 

Reed Street Pump Station, Lump Sum 





($ 

) 


(dollars and cents) 



Item If 

Old Mystic Street (Route 3) Pump Station, 




Lump Sum 





($ 

) 


(dollars and cents) 


Item Ig Intervale Road Pump Station, Lump Sum 


08/01/2014 


00410-3 


Addendum No. 1 
October 16, 2014 


($ _ ) 


Item Ih 

(dollars and cents) 

Magnolia Eield Pump Station, Lump Sum 

($ 

) 


(dollars and cents) 



Item li 

Mystic Lake Drive Pump Station, Lump Sum 





($ 

) 


(dollars and cents) 



Item Ij 

Mystic Street Siphon, Lump Sum 





($ 

) 


(dollars and cents) 




The BASE PROPOSAL, ALTERNATE No. 1 and ALTERNATE No. 2 shall include all 
labor, materials, bailing, shoring, removal, overhead, profit, insurance, bond premiums, 
engineering costs, etc., to cover the finished work of the several kinds called for. 

The Bidder understands that all bids for this project are subject to the applicable bidding 
laws of the Commonwealth of Massachusetts, including General Laws Chapter 30, Section 39M, 
as amended. 

The contract will be awarded to the lowest responsible and eligible bidder. 

Bidder understands that the Owner reserves the right to reject any or all bids and to waive 
any informalities in the bidding. 

The Bidder agrees that this bid shall be good and may not be withdrawn for a period of 
30 days, Saturdays, Sundays and legal holidays excluded, after the opening of bids. 
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Within 10 days of receipt of the written notice of acceptance of this bid, the Bidder will 
execute the formal agreement attached in Section 00520 AGREEMENT and provide the 
requisite payment and performance bonds and certificates of insurance. 

Bid security is attached in the sum of five percent (5%) of the total bid in accordance 
with the conditions of Section 00200 INSTRUCTIONS TO BIDDERS. The bid security may 
become the property of the Owner in the event the contract and bond are not executed within the 
time set forth above. 

The selected Contractor shall furnish a performance bond and a payment bond in an 
amount at least equal to one hundred percent (100%) of the contract prices in accordance with 
Section 00610 PEREORMANCE BOND, Section 00615 PAYMENT BOND, and as stipulated 
in paragraph 5.01 of Section 00700, GENERAE CONDITIONS of these specifications. 

The undersigned offers the following information as evidence of its qualifications to 
perform the work as bid upon according to all the requirements of the plans and specifications. 

1. Have been in business under present name for_years. 

2. The names and addresses of all persons interested in the bid (if made by a 
partnership or corporation) as Principals, are as follows: 


(Attach supplementary list if necessary) 
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3. The Bidder shall state below a minimum of three (3) pump station rehabilitation/upgrade projects within the last five (5) years where 
they have been the general contractor and give references that will enable the Owner to judge its experience, skill and business standing 
(add supplementary page if necessary). 

Completion Date Project Name Contract Amount Design Engineer Reference Name Telephone No. 


a. 


b. 


c. 


d. 


e. 


f. 
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4. The Bidder shall state below what work of a similar character to that included in the proposed contract it has done, and give references that 
will enable the Owner to judge its experience, skill and business standing (add supplementary page if necessary). 

Completion Date Project Name Contract Amount Design Engineer Reference Name Telephone No. 


a. 


b. 


c. 


d. 


e. 


f. 
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Pursuant to M.G.L. CH. 62C, Sec 49A, the undersigned Bidder certifies under the 
penalties of perjury that it is in compliance with all laws of the Commonwealth relating to taxes, 
reporting of employees and contractors, and withholding and remitting child support. 

By-law of the Town of Arlington, Title 1, Article 16, MinorityAVoman Workforce 
Participation in Construction Projects which exceed $200,000.00 is part and parcel of the bid. 

The undersigned Bidder hereby certifies that (1) it is able to furnish labor that can work 
in harmony with all other elements of labor employed or to be employed in the work; (2) that all 
employees to be employed at the worksite will have successfully completed a course in 
construction safety and health approved by the United States Occupational Safety and Health 
Administration that is at least 10 hours in duration at the time the employee begins work and 
who shall furnish documentation of successful completion of said course with the first certified 
payroll report for each employee; and 3) that all employees to be employed in the work subject 
to this bid have successfully completed a course in construction safety and health approved by 
the United States Occupational Safety and Health Administration that is at least 10 hours in 
duration. 

The undersigned certifies under penalties of perjury that this bid is in all respects bona 
fide, fair and made without collusion or fraud with any other person. As used in this paragraph 
the word "person" shall mean any natural person, joint venture, partnership, corporation or other 
business or legal entity which sells materials, equipment or supplies used in or for, or engages in 
the performance of, the same or similar construction, reconstruction, installation, demolition, 
maintenance or repair work or any part thereof.. 

The undersigned further certifies under penalty of perjury that the said undersigned is not 
presently debarred from doing public construction work in the Commonwealth of Massachusetts 
under the provisions of Section Twenty-Nine F of Chapter Twenty-Nine, Section 25C (10) of 
Chapter 152 (workers’ compensation) or any other applicable debarment provisions of any other 
Chapter of the General Laws or any rule or regulations promulgated thereunder. 
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Respectfully submitted: 

Date By 

(Signature) 

(Name - Typed or Printed) 

(Title) 

(SEAL - if bid is by a corporation) 

(Business Name) 

(Federal ID Number) 


(Business Address) 


(City and State) 


(Telephone Number) 
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SECTION 01270 

MEASUREMENT AND PAYMENT 


1. GENERAE 

A. The following sections describe the measurement and payment for the work to be done 
under the respective items listed in the EORM OE GENERAE BID. 

B. The lump sum price stated in the EORM OE GENERAE BID shall constitute full 
compensation as herein specified, for all of the work completed in accordance with the 
drawings and specifications. All other activities required in connection with 
performance of the work, including all work required under Division 1, GENERAE 
REQUIREMENTS, whether described in the contract documents or mandated by 
applicable codes, permits and laws, will not be separately paid for unless specifically 
provided for in the form of general bid, but will be considered to be incidental to 
performance of the overall project. 

2. ITEM 1 

The lump sum price for Item 1 shall constitute full compensation for furnishing all 
labor, materials, tools and equipment and constructing the project, complete, as shown 
on the drawings and called for in the specifications, excluding work under Alternate 
No. 1 and Alternate No. 2. 

3. AETERNATE No. 1 

The lump sum price for Alternate No. 1 shall constitute full compensation for furnishing 
all labor, materials, tools and equipment and constructing, for the installation of the 
reduced voltage soft starters at the Dow Avenue Pump Station, complete, as shown on 
the drawings and called for in the specifications. 

4. AETERNATE No. 2 


The lump sum price for Alternate No. 2 shall constitute full compensation for furnishing 
all labor, materials, tools and equipment and constructing, for the installation of the 
reduced voltage soft starters at the Gould Road Pump Station, Pond Lane Pump 
Station, Reed Street Pump Station, Old Mystic Street (Route 3) Pump Station, 
Intervale Road Pump Station, Mystic Lake Drive Pump Station, complete, as 
shown on the drawings and called for in the specifications. 


END OE SECTION 
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